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ABSTRACT 

This report presents the recommendations of the 
Colorado Commission on Higher Education (CCHE) for $474.4 million m 
state-funded capital development needs and $461.4 million in 
non-state funded improvements from 1995-96 through 2004-05. These 272 
projects are part of the Capital Improvements Program, which 
determines when new facilities are required or when facilities should 
be expanded, renovated, or demolished within the context of statewide 
higher education plans and priorities. The program represents a 
10-year rolling plan which is annually amended and constantly 
projected 10 years into the future. The bulk of the report consists 
of 13 tables, which list projects and their funding levels, 
including: (1) renovation of academic space; (2) replacement of 
obsolete academic space and equipment; (3) new academic space and 
equipment for current enrollment; (4) new academic space for planned 
growth; (5) library renovations and additions; (6) health and life 
safety hazards/code compliance; (7) physical plant support 
facilities; (8) utility improvements; (9) site improvements and 
parking; (10) research and clinics; (11) student housing, auxiliary 
services, and athletics; (12) non-essential state-funded physical 
enhancements; and (13) projects not consistent with approved 
facilities master plan. (MDM) 
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COLORADO PUBLIC HIGHER EDUCATION 
CAPITAL IM PROVEMENTS PROGRAM 



EXECUTIVE SUMMARY 

Hie Commission has recommended over $474.4 million in state-funded capital development 
needs over the next ten fiscal years and $461.4 million in non-state funded improvements. 
These needs have been classified by project type and by source of funds. The major categories 
and ten-year estimates of need are: 



Project Type 


State 


Institution 


Total 


(costs in millions of $) 


Funds 


Funds 




Academic Space 


$424.5 


$127.4 


$552.0 


Building Systems 


49.9 


25.8 


75.7 


Research/Clinical Space 


0.0 


128.2 


128.2 


Housing/ Auxiliary Services 


0.0 


180.0 


180.0 


Total 


$474.4 


$461.4 


$935.9 



These 272 master plan justified capital improvements are the result of: 

o A backlog of previously requested but unfunded projects. This backlog was reduced 
during calendar year 1994 when the General Assembly appropriated all requested higher 
education projects for improvements tc academic facilities. Only improvements to 
correct building code deficiencies and to replace obsolete campus physical plants remain 
in the backlog. 

o A continued deterioration of the campus facilities, many of which were constructed in 
the early 1900s. As the backlog of deferred maintenance grows, deterioration increases 
until major renovation investments are required. 

o A need to renovate and adapt existing facilities to new educational priorities and new 
teaching methodologies. Special purpose and educational support facility expansions are 
required to maintain or improve the quality of programs that have been recognized as 
being of the highest priority in meeting the state*s higher education goals. 

o A need to provide more space to relieve congestion resulting from past growth in 
academic programs and student enrollments. 

Purpose of Capital Improvements Program 

The Capital Improvements Program determines when new facilities are required or when 
facilities should be expanded, renovated, or demolished; within the context of statewide higher 
education plans and priorities. 

The Colorado Higher Education Cap^*al Improvement Program represents a ten-year •'rolling 
plan," which is annually amended ant jnstantly projected ten years into the future, and kept 
current with more immediate programmatic and budgetary decision making. It is not constrained 



by revenue projections, nor assumptions about future levels of appropriations. Such budgeting 
responsibilities are statutorily assigned to the Office of State Planning and Budgeting. The 
GovemOT's Capital Investment Plan comprehensively addresses the match of costs, revenue 
sources, and options for state capital investment financing. 

The Colorado Higher Education Capital Improvements Program reflects the scheduling of tt»e 
projected capital construction needs identified in tiie long-range facilities master plan for each 
institution. 

rommLssion Policies and Criteria 

Projects included in the Capital Improvements Program must be consistent with: 

o State Postsecondary Education Master Plan policies and designated campus role and 
mission; and 

o Campus Long-Range Facilities Master Plans 
Coordination with State Economic Outlook 

Considering the state's uncertain economic outiook, only tiiose programmatic, property 
protection and safety needs essratial to the system of public higher education and CCHE 
s^roved master plans, and realistic relative to tiie state's economic outiook have been scheduled 
in the Commission's Capital Improvements Program. 

Coordination with State General F und Operating Budget 

The CCHE schedulmg of state-funded coital investments is generally constrained at about ten 
percent of tiie state higher education general fund operating budgets for tiie year concerned. For 
tiie 1995-96 tiirough 2004-05 planning period, tiie avei^age annual state-funded capital investment 
needs do not exceed ten percent ($55 million in current dollar) of general fund operating 
budgets. 
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HIGHER EDUCATION CAPITAL IMPROVEMENTS 
1995-96 through 2004-05 
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The majority of improvements (70 percent of state-funded projects and 68 percent of institution- 
funded projects) are needed within the next five years. 



HIGHER EDUCATION CAPITAL IMPROVEMENTS 
1995-96 through 2004-05 



HOUmC/AUXUMY (20XX) 




The majority of all planned capital improvements (55.6 percent) are in direct support of 
academic programs. Over $100 million is needed for the general delivery of academic programs 
that operate in generally-scheduled campus spaces. Academic programs most in need of facility 
improvements during the next ten years are the physical sciences ($89.1 million), humanities 
($54.7), arts ($63.3), business ($38.1 million), and engineering ($34.2 million). 
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ACADEMIC FACILrnES : 136 Projects ^ $552 million 




Over the ten-year period, institutions 
propose to fund about 25 percent of the 
total cost of academic improvements with 
institution cash funds. Some academic 
programs attract private funds and 
donations for facilities more readily than 
others. These include certain sciences, 
engineering, and business programs. 
Specialized facilities such as performing 
arts theaters and gymnasium buildings are 
often jointly funded by the state, the 
institution^ and the local community. 



Academic facilities needs have been further categorized by type of improvement. 



Renovation of Acade mic Space 
68 Projects: $153.2 million (84% 
State Funds, 16% Institution Funds) 

Twenty-eight percent of the academic 
facility needs identified are to renovate 
existing space to appropriately meet 
the needs of updated academic 
programs or to ensure continued use of 
a deteriorating facility. The most 
extensive renovation projects are 
located at older Colorado research 
university campuses: CSM ($41.2 
million), CSU ($20.5 million) UCB 
($23.9 million), and UNC ($26.3 
million). 



ACAOEKIC FAClUnES 
1995-96 through 2004-05 
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Capital Improvements Program 



Replacement of Obsolete Academic Space and Equipment : 20 Projects 
$101.7 million (72% State Funds, 28% Institution Funds) 



When renovation is not practical or feasible, new space is needed to consolidate programs and 
to relocate programs from functionally obsolete space. One-third of the cost of projected new 
academic sp»cc needs are for the rq>lacement of existing space which has become obsolete 
due to loss of facility leases, new teaching methodologies or building structure deterioration. 
The majority of obsolete space requiring r^lacement is found at the science and art facilities 
of the undergraduate campuses: ASC ($13.6 million), FLC ($8.9 milUon), MvSC ($7.7 
million), and UCCS ($15.6 million). The medical teaching facilities at UCHSC are also in 
need of modenuzation ($12.5 million). 

New Academic Space and Equipment for Current Enrollment ; 29 Projects 
$170.7 million (72% State Funds, 28% InstituHon Funds) 

New teaching facilities are needed at two community college campuses - FRCC ($21 million) 
and PPCC ($5.4 million) and at Auraria ($43.9 million) to correct space deficits resulting 
from major enrollment growth during the past five years. 

New Academic Space fo r Planned Growth: 10 Projects 
$56.0 million (74% State Funds, 26% Institution Funds) 

New space is necessary for planned program growth (m engineering, humanities and business) 
at four established campuses and for two new campus sites to meet growing enrollment 
demand - Lowry and Canyon City. Twenty-six percent of the funds required for these 
improvements will be provided through institution cash funds. 

Library Renovations and Additions : 9 Projects 
$70.3 million (80% State Funds, 20% Institution Funis) 

Six campuses have scheduled major library improvements: AHEC ($11.4 million), CSU 
($11.2 million), UCB ($14.3 million), UCCS ($10.7 million), UCHSC ($15.3 million), and 
UNC ($10.1 million) CSU and UCHSC propose to fund 28 percent and 66 percent 
res?>ectivdy of thdr campus library improvements with institution cash funds. 
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SAFETY. P ROTECTION AND BUILDING SAFETY: 
71 Projects - $49.9 million 




Health and Life Safety Hazards and Building Code Corrections: 19 Projects 
$21.5 million (83% State Funds, 17% Institution Funds) 

Projects to correct serious health and life safety conditions are scheduled within the first four 
years. Other projects in this category correct building code violations that occurred since 
construction. 

Physical Plant Facilities: 10 Projects 

$10.7 million (78% State Funds, 12% Institution Funds) 

Plant facilities include maintenance shops and service areas. Many of these projects are 
desirable when funds are available and have been scheduled near the end of the ten-year 
planning period. 

Utility System Improvements : 20 Projects 
$19.8 million (100% State Funds) 

These projects respond to demands for more efficient physical plant operation, increase in 
utility and mechanical system capacities, or to prevention of disruptions to vital campus 
operations. 
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Site Improve ments and Parking: 22 Projects 
$23.6 miUion (16% State Funds, 84% Institution Funds) 

Site improvements include lighting and drainage, demolition of deteriorated structures, access 
roads, parking, and non-state funded landscape improvements. 
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RESEARCH AND CLINICS : 15 Piojects 
$128.2 million (100% Institution Funds) 



RESEARCH AND CLINICS 
1995-96 through 2004-05 
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These facilities house research laboratories and clinics that support academic instruction and 
are funded entirely with institution funds. 



STUDENT HOUSING AND AUXILIARY SERVICES : 50 Projects 
$180.0 million (100% Institution Funds) 



These facilities house self-supporting 
enterprises such as student housing, 
recreation, college student centers, 
stud^t health centers, child care 
centers, and campus parking facilities. 
Auxiliary facilities are usually 
constructed with reserve funds or 
through the issuance of revenue bonds 
that are repaid witli user fees. 



STUDENT AND AUXILIARY SERVICCS 

1995-96 Ihroii^ 2004-^5 
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Capital Improvemem Program 



COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



RENOVATION OF ACADEMIC SPACE 



TABLE A 



xxx==sz=s==sr=s=s=s:xxxx=xxxxxxxsxxxxxxxxx 

ADAMS STATE COLLEGE 

RIchardeon Hall Rtfx>vat1on 
Acts! natrat ion 

ASF: 15,840 TOTAL: $3,558 CCFE 

Business and Econonics Building Renov 
Business/EconoMi cs 
ASF: 14,352 TOTAL: $2,235 CCFE 

PI achy Hall Addition/Renovation 
Physical Education 
ASF: 62,300 TOTAL: $2,328 CCFE 



PRIOR 95-96 



96-97 97-98 98-99 99-00 



458 3.100 
PP C,E 



00-01 



01-02 02-03 



s:£=s==xsxrsxss 

03-04 04-05 



270 
PP 



296 
PP 



1.965 
C.E 



2,032 
C.E 



ARAPAHOE C0MMUM2TY COLLEGE 

Theater Lighting/Seating Renovations 
General Education/Theater 
ASF: TOTAL: $586 CCFE 



586 
PP.C.E 



AUftARIA HIGHER EDUCATION CENTER 

Student Union Remodeling for Academics 
General Education 

ASF: 78,010 TOTAL: $6,950 CCFE 



5,262 1,667 
PP,C E 



COLORADO SCHOOL OF NINES 

Kill Hall Renovation & Addition 
Metallurgy 

ASF: 0 TOTAL: $4,300 CFE 

Hill Hall Renovation & Addition 
Metallurgy 

ASF: 75,254 TOTAL: $16,633 CCFE 



Meyer Hall 
Physics 
ASF: 28,611 



TOTAL: $4,048 CCFE 



Green Center Renovation 
Coniputer Sci, Geophysics 
ASF: 88,234 TOTAL: $2,936 CCFE 

Gynmasiua Renovation 
Phys Ed/Athletics 

ASF: 44,246 TOTAL: $3,326 CCFE 

Chauvenet Hall Renovation 

ASF: 13,887 TOTAL: $3,724 CCFE 

Guggenheim Hall Renovation 
Acfcnini strati on 

ASF: 18,639 TOTAL: $3,325 CCFE 



1,860 
C.E 



2,440 
C,E 



1,067 5,981 7,900 1,684 
PP C,E C,E C,E 



277 3,771 
PP C 



178 2,808 
PP,C C,E 



45 181 3,100 
PP PP C 



51 193 3,480 
PP PP C 



45 180 3,099 
PP C C 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



RENOVATION OF ACADEMIC SPACE 

PRIOR 



TABLE A 



BBBBBfcB«B«BBBmBBBBB«BBBKaBBBBBBXXB«rBBBSSBS:3BB«t»aBBBStBBBa=BaSaBBB=B»3IBBBaSBXSBBBSXXX = l£XBXaBB»lCBBBBB«B 

95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



COLORADO SCHOOL OF MINES 

ExptriMOtal Mfn* Rtnovation 

ASF: TOTAL: $641 CCFE 

Unit Optra t Ions Ranovation 

ASF: TOTAL: $155 CCFE 

Obaarvatory Ranovation - Mrsan Park 
Gaophysict 

ASF: TOTAL: $80 CCFE 



Brown Hall Ranovatfon 
EnginaarinSf Mining 
ASF: 63,253 TOTAL: $991 



CCFE 



Materials Proceasing Laboratory Ranov 
Materials Sciance 

ASF: TOTAL: $499 CCFE 

Materials Proceasino Laboratory Ranov 
Materials Sciance 
ASF: TOTAL: $499 CFE 



499 
PP,C,E 

499 
PP,C,E 



45 
PP 



15 
PP 



596 
C,E 



140 
C 



5 
PP 



75 
C 



12 
PP 



974 
PP,C 



COLORADO STATE UMIV VETERINARY MEDICINE 

Surgical Met Reiaodel (ARSL II) 
AniMl Reproduction 
ASF: 0 TOTAL: $684 FF 

Surgical Met Renodel (ARSL II) 
AniMl Reproduction 
ASF: 13,800 TOTAL: $685 CFE 

VTH Kennel Renovation 
Veterinary Medicine 

ASF: 3,000 TOTAL: $77 CCFE 

VTH Kennel Renovetion 
Veterinary Medicine 

ASF: 3,000 TOTAL: $83 CFE 



684 
PP.C.E 

685 
PP,C,E 



77 
PP,C 

83 
PP,C 



COLORADO STATE UNIVERSITY 



Rockwell Hall 
Business 

ASF: 10,716 



Phase II 

TOTAL: $2,452 CFE 



Building Revitilization Program 
Multiple Acadealc Prograna 

ASF: 541,366 TOTAL: $6,001 CCFE 



Building Revitilization Progran 
Multiple Acadanic Prograns 
ASF: 541,366 TOTAL: $6,001 



CF 



2,452 
C,E 



495 436 477 590 484 743 451 1,258 641 

PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E 

495 436 477 590 484 743 451 1,258 641 

PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E 
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COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



RENOVATION OF ACADEMIC SPACE TABLE A 

PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 

COLORADO STATE UNIVERSITY 

Enointering Actdition/Rcnovation 500 750 750 

Engint^ring PP,E c,E C,E 
ASF: 18,667 TOTAL: $2,000 CFE 

Engineering Addition/Renovation 500 3,000 2,000 

Engineering PP,E C,E C,E 

ASF: 51,333 TOTAL: $5,500 CCFE 

BL-3 Laboratory Relocations 325 
Graduate Instruction/Research PPfC,E 
ASF: 2,000 TOTAL: $325 CFE 

South College Gym Renovation 500 
Exercise and Sports Science PP,C 
ASF: 53,700 TOTAL: $500 CFE 

Vocational Education Kemodeling 461 
Ecological Mgnt Military Lands PP«C,E 
ASF: 9,400 TOTAL: $461 CFE 

Anatomy Laboratory Renovation 120 
Anatony and Neuronal Biology PPfC,E 
ASF: 3,000 TOTAL: $120 CFE 

University Computer Ctr Relocation 240 
Ac^inistration PPfC,E 
ASF: 4,000 TOTAL: $240 CFE 

Biology Greenhouses and Si4)port Facilit 200 
Biology PP,C,E 
ASF: 4,000 TOTAL: $200 CFE 

Vet Science Annex Remodel 200 
Industrial Sciences PPrC,E 
ASF: 3,100 TOTAL: $200 CFE 

Relocate Natural Sciences Dean 150 
Natural Sciences PP«C,E 
ASF: 4,000 TOTAL: $150 CFE 

Remodel Dairy Room 107 100 
Agriculture PP,C,E 
ASF: 700 TOTAL: $100 CFE 

Public Relations and Print Facility 915 
Public Relations/Printing PPrC,E 



ASF: 19,000 TOTAL: $915 crE 

Tri -Ethnic Center Renovation 100 
Psychology PP. C,E 

ASF: 3,000 TOTAL: $100 CFE 

Environmental Learning Center 500 250 

Environmental Science PP,C C,E 

ASF: 5,000 TOTAL: $750 CFE 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



RENOVATION OF ACADEMIC SPACE TABLE A 

««»«»»««»»»»»»»»» ^^^^ ^^^^^ ^^^^ 02-03 03-04 04-05 

COLORADO STATE UNIVERSITY 

Pathology RMaarch Labs RtModaling 

Pathology 

ASF: 3,500 TOTAL: $225 CFE 

Potato Virut/Ue«d RaaUtanca Ranovatlon 255 
Plant Pathology PPfC,E 
ASF: 3,000 TOTAL: $255 CCFE 

Marrow Transplant Lab J\ 
Pathology ^^^^^^ 
ASF: 1,500 TOTAL: $75 CFE 

FORT LEWIS COLLEGE 

north Wing Ranovatlon Phaaa V ^01 ^ 

ASF: 9,830 TOTAL: $985 CCFE 

Thaatra Ranovatlon S ^ 

Parfoming Arta PP C E 

ASF: 10,200 TOTAL: $799 CCFE 

Acactaic Renovation 1,500 2,064 

Qanaral Claasroom, Officaa *• ^-'^ 

ASF: 33,650 TOTAL: $3,981 CCFE 

Htsperua Hall Renovation ^ ^2 2,294 

Busineta, Education, Paych ^ 
ASF: 27,500 TOTAL: $3,242 CCFE 

HISTORICAL SOCIETY 

Colorado History Nuaaui Collect Storage 250 
Colorado History PP,C,E 
ASF: TOTAL: $250 CCFE 

LAMAR COIMJNITY COLLEGE 

Renovata Setz - Student Services 522 
Student Services C 
ASF: 5,096 TOTAL: $522 CCFE 

Renovate Betz - Student Services 120 522 180 

Student Services PP C E 

ASF: 5,096 TOTAL: $822 CF 

Ranovata Betz - Acadeaiic Instruction 83 718 120 

General Academic/Vocational PP C E 

ASF: 15,000 TOTAL: $921 CCFE 

Renovata Truatees - Instruction ^ ^ 

General AcadeMic/Vocational PP c E 

ASF: 13,100 TOTAL: $784 CCFE 
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Capital Improvements Program c Q 



BEST COPY AVAILABLE 




COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



RENOVATION OF ACADEMIC SPACE 



TABLE A 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 0«-05 



LANAR COMMUNITY COLLEGE 

Renovate Bowmen 
Adilnetratlon 
ASF: 10,050 TOTAL: $694 

PIKES PEAK COMMUNITY COLLEGE 



CCFE 



Technology Lab Renovation-Brcckenridoe 
Elect rone ICS, Cofnputer 
ASF: 4,750 TOTAL: $239 CCFE 

Facility Renovation CIP*G2, Centennial 
Integrated Technology 
ASF: 19,000 TOTAL: $3,165 CCFE 

Facility Renovation C^'P G-4, Centennial 
Campus Wide Programs 
ASF: 14,000 TOTAL: $2,331 CCFE 



239 
PP,C 



286 
PP 



2,499 
PP,C 



380 
EO 



67 
PP 



552 
C 



75 
E 



204 
PP 



1,847 
PP,C 



280 
E 



PUEBLO COMMUNITY COLLEGE 

Replacement of Heilth Sciences 
Health Sciences 

ASF: TOTAL: $553 CCFE 

Academic Tech/ Industrial Tech Renovatio 
Industrial Technology 
ASF: TOTAL: $697 CCFE 

Health Sciences Facility Renovation 
Health Sciences 

ASF: TOTAL: $758 CCFE 



553 
C,E 

697 
758 



TRINIDAD STATE JUNIOR COLLEGE 

Scott Gym Renovation 
Physical Education 
ASF: TOTAL: $1,655 



CCFE 



160 

PP 



1,352 

C 



143 
E 



UNIVERSITY OF COLORADO, BOULDER 

Porter Biosciences Renovation 
Biology 

ASF: 120,000 TOTAL: $11,456 CCFE 

Geology Building Renovation 
Journa I i sm/Coowun i cat i ons 
ASF: 28,700 TOTAL: $2,500 CCFE 

Hellems Building Renovation 
Foreign Language 

ASF: 53,700 TOTAL: $2,500 CCFE 

Woodbury Building Renovation 
Humanities 

ASF: 8,252 TOTAL: $1,000 CCFE 



1,499 4,535 
PP PP,C,E 



4,066 1,306 
PP,C,E PP,C,E 



300 
PP 



2,000 
C 



200 
E 



2,500 
PP|C,E 



1,000 
PP,C,E 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



RENOVATION OF ACADEMIC SPACE 



TABLE A 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



UKIVERSfTY OF COLORADO, MULDER 

Mactcy Audi tori um Renovation 
Nuftic Ptrforaanc* 

ASF: 2,625 TOTAL: $1,100 CCFE 

Kaclcy AuditoriuM Renovation 
Musfs Parfor«ianc« 

ASF: 2,625 TOTAL: $1,100 CFE 

Carlson Gyvnatlui Renovation 
Kintaiolooy 

ASF: 37,838 TOTAL: $1,700 CCFE 

Gu09«nhaiii Buildino Ranovation 
Gtography 

ASF: 14,900 TOTAL: $2,300 CCFE 

Elalty ChMittry Renovation 
Chettistry 

ASF: 16,000 TOTAL: $2,500 CCFE 



2,500 
PP,C,E 



1,100 
PP,C 



1 JOO 
PP,C,E 



1,700 
PP,C,E 



2,300 
PP,C,E 



UNIVERSITY OF COLORADO, COLORADO SPRINGS 

Kain, Library, Science Rencdeling 
L i bra ry/i i o I ogy/Cheiii 1 1 ry 

ASF: 37,220 TOTAL: $4,279 CCFE 



3,750 
PP,C 



529 
E 



UNIVERSITY OF COLORADO, HEALTH SCIENCES CTR 
Renovate C««pua Center Rackfill Space 
ASF: TOTAL: $1,000 CFE 



1,000 
PP,C,E 



UNIVERSITY OF NORTHERN COLORADO 

Cunter Hall Renovation 
Health and Hunan Sciencee 

ASF: 66,333 TOTAL: $8,714 CCFE 

Uonene Resource Center 
WoiMn's Studies 

ASF: TOTAL: $678 CF 

Guggenheii^Crabbe Halls Renov/Addition 
Fine Arts 

ASF: TOTAL: $7,017 CCFE 

Roes Hall Renovation 
Sciences 

ASF: TOTAL: $4,607 CCFE 



5,734 2,980 
PP,C,E C 



678 
PP,C 



585 5,707 
PP C 



725 
E 



648 
PP 



389 3,570 
C C 



UNIVERSITY OF NORTHERN COLORADO 

Grey Hall Rtnovation 
Administration 

ASF: TOTAL: $1,456 



CCFE 



146 1,310 
PP C 
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ERIC 



BEST COPY AVMLABLE 



COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 

RENO VA TION OF A CADEMIC SPA CE TABLE A 

PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 

UNIVERSITY OF NORTHERN COLORADO 

Fraiser Hall Rtnovation 383 3,147 308 

Muaic PP C C,E 

ASF: TOTAL: S3,838 CCFE 



TOTAL COST 10,996 13,142 19,519 23,325 26,466 18,564 11,485 14,016 11,882 8,603 6,231 

XXXXXXnSXXXXSXXX3XXXXSXXSSXXXXXXXXXXXSXSXXXSXSSXSXXXS=XXVSXXXVXSXXXXXXXXXXXSVXSVXXXXXXXX3SXX&XXXX;^VXXXXXXXX3XXVXXXXXXVXVHXXXXX 
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ERIC 



COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



REPACEMENT OF OBSOLETE ACADEMIC SPACE/EQUIPMENT 



TABLE B 



ADAMS STATE COLLEGE 

Ntw Sci«oc» Building or Renov/AcUition 
Scitncft 

ASF: 34,751 TOTAL: $8,234 CCFE 

N«w Fine Arts/Ptrforming Art* Add/Rtnov 
Fint/P«rfoniiing Arts 
A$F! ;^$,C00 TOTAL: $5,400 CCFE 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



739 6,803 693 
PR C E 



825 4,575 
PP C,E 



AiURARiA HIGHER EDUCATION CENTER 

Architecture t Planning Facility 
.^r ch i tectur t/P I Mmi ng 
ASF: 45,114 TOTAL: $7,142 CCFE 



731 6,121 291 
PP C E 



CaORADO STATE UN IV FOREST SERVICE 

CFSF District Office Replecement 

Forestry 

ASF: 26,600 TOTAL: $3,747 CCFE 



601 587 851 1,156 552 
PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E 



COLORADO STmTE UNIV VETERINARY MEDICINE 

VTH Date Linked liwge Archive 
Veterinary Medicine 
ASF: TOTAL: $168 CCFE 

VTH Data Linked iMige Archive 
Veterinary Medicine 
ASF: TOTAL: $182 CFE 

C-Arm Intraoperative laaging 
Veterinary Medicine 
ASF: TOTAL: $50 CCFE 

C-Ani Intraoperative Iiaaging 
Veterinary Medicine 
ASF: TOTAL: $55 CFE 

Long Term Pet Care 
Veterinary Medicine 
ASF: 13,500 TOTAL: $2,100 CFE 

CoNixJterized Radiography 
Veterinary Medicine 

ASF: TOTAL: $144 CCFE 

Computerized Radiography 
Veterinary Medicine 
ASF: TOTAL: $156 CFE 

VTH Autoclaves - Tmo 
Veterinary Medicine 
ASF: TOTAL: $62 CCFE 



168 
E 



182 
E 



50 
E 



55 
E 



2,100 
PP,C,E 



144 
E 



156 
E 



62 
E 
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ERIC 



COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



REPLACEMENT OF OBSOLETE ACADEMIC SPACE/EQUIPMENT 



TABLE B 



PRIOR 95-96 96-97 97-93 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



COiailAOO STATE UHIV VETERINARY NEOICINE 

VTH AutoclavM - Two 
VtUrintry Itodiclnt 
ASF: TOTAL: $68 CFE 

Ethyltnt Oxidt SUrflfz^r 
VitUriniry tMicirw 
ASF: TOTAL: S35 CCFE 

Ethyl«nt Oxvdt Sttriliztr 
VeUrimry IMicirw 
ASF: TOTAL: $37 CFE 



68 
E 



35 
E 



37 
E 



COLORADO STATE UNIVERSITY 
AnlMl Sci«ncM Relocation 

AtiiMll SciflOCM 

ASF: 50,000 TOTAL: $4,874 



CCFE 



Univtriifty Grt«tihout« Expmfon 
Agriculture/Biology 
ASF: 13,400 TOTAL: $1,000 CCFE 



2,000 2,874 
PP,C C,E 



1,000 
PP,C,E 



FORT LEUIS COLLEGE 

Mm ThMt«r Sp«c« Phm IV 
Parfoniino Arts 

ASF: 13,776 TOTAL: $2,990 CCFE 



Scianco RaplacMMnt 

Physical Sci, Engin^ Bio-Ag 
ASF: 3|i,650 TOTAL: $5,923 



CCFE 



260 
PP 



2,730 
C,E 



2,000 
PP,C,E 



323 
PP 



3,600 
C,E 



NESA COLLEGE 

UUbbtn Hall Renov/l^^wwlon 
Natural Sciancaa/Hav^ 
ASF: TOTAL: $8,725 



CCFE 



3,782 
PP,C 



805 
PP 



Ualtar Ualkar Fina Arta Raoov/Expanaion 
Fina Arta 

ASF: 8,000 TOTAL: $2,744 CCFE 



4,137 
C,E 



288 

PP 



2,457 
C,E 



TRINIDAD STATE JUNIOR COLLEGE 

Caapua Inatructfonal Equfpntnt 
Ganaral Education 
ASF: TOTAL: $521 



CCFE 



521 
E 



Plutaua Building at Grandviaw Tarraca 
Natural Hiatory Nutacn 
ASF: 9,783 TOTAL: $3,000 CCFE 

Nuaatn Bultdino at Grandvlaw Tarraca 
Natural Hiatory MuaauM 
ASF: 65,217 TOTAL: $20,000 CFE 



3,000 
C 



20,000 
PP,C,E 
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ErJc BEST copy AVAILABLE 



COLORADO HIoHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



REPLACEMENT OF OBSOLETE ACADEMIC SPACE/EQUIPMENT TABLE B 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 

SBKXBBXSBBVatMBMaiMMMMMBBBMMMMrMXMMaSMMMXUXMXSXKXMSSBXSMMMMBMMSMMMXSMXMMMSSSMMSMMMXMMMMMMMMXraCSSMMMMMMX ^BBBBBBBBBBBBBBBaSaBUBan 

UNIVERSITY OF COLORADO, COLORADO SPRINGS 

C I aftsroaR RtplacMwnt Facility 1,192 11,755 2,692 

Educ/Engl/Hist/CoiHW/Gaoeril PP C E 

ASF: 75,909 TOTAL: $15,639 CCFE 



UNIVERSITY OF COLORADO, HEALTH SCIENCES CTR 

Education Canter 454 6,346 

Medicina/Nursino PP C,E 

ASF: TOTAL: $6,800 CCFE 

Education Cantar 687 5,013 

Madfclna/Nursing PP C,E 

ASF: TOTAL: $5,700 CF 

TOTAL COST 3,782 5,877 35,490 14,617 847 3,581 1,261 902 4,652 8,121 26,367 



■SSSBBBTBSSCB 



ERIC 
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Capital Improvements Program 



COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



NEW ACADEMIC SPACE/EQUIPMENT FOR CURRENT ENROLLMENT 



ARAPAHOE COMHUMITY COLLEGE 

CoMputer Access Network 
General Education 
ASF: TOTAL: S240 



PRIOR 95-96 96-97 97-98 98-99 99-00 

ri:=S=:ZrXXrZMK=MKMEMMMMMMMMBMMBMBMMMKMMMMMaBMMKnMMMMZMM2Za 



CCFE 



240 
PP,C,E 



00-01 



TABLE C 



■ BBBBBBBBX=ZieBBaCBCBBBBBHBBBSSX 

01-02 02-03 03-04 04-05 



AURARIA HIGHER EDUCATION CENTER 

Student Union Addition-Perfoming Arts 
Perfoming Arts 

ASF: 22,000 TOTAL: $6,825 CCFE 

Clessrooii Building 
General Education 

ASf: 8,100 TOTAL: S29,427 CCFE 

Science Building Addition 
Sc i ences 

ASF: TOTAL: S7,634 CCFE 



683 5,801 
PP C 



341 
E 



3,007 12,529 12,529 1,364 
PP C C E 



785 6,539 311 
PP C E 



COLORADO STATE UNIVERSITY 

Perforsiing Arts Center 
Perfoming Arts 

ASF: 22,500 TOTAL: S5.000 CCFE 

Perfonslng Arts Center 
Perfoming Arts 

ASF: 67,500 TOTAL: $15,000 CFE 

Large Animal Metabolic Laboratory 
Antiaal Sciences 

ASF: 5,000 TOTAL: $285 CCFE 

Anatooy/Zoology Addition 
Neurosci ences Center 
ASF: 5,000 TOTAL: $1,000 CFE 

Chtmlstry Addition/Lecture Audi tor ius 
Ch««istry 

ASF: 25,000 TOTAL: $3,500 CCFE 

Chenistry Addition/Lecture Audi tor iun 
Chemistry 

ASF: 25,000 TOTAL: $3,500 CFE 

Equine Reproduction Laboratory Expansfo 
Equine Science 

ASF: 4,000 TOTAL: $250 CCFE 

Raptor Facility Expansion 
Raptor Prograai 

ASF: 3,000 TOTAL: $150 CFE 

Zero Energy Building 
Agriculture 

ASF: 13,000 TOTAL: $2,600 CFE 



285 
PP,C,E 



1,000 2,000 2,000 
PP C C,E 



1,000 7,000 7,000 
PP C C,E 



150 
PP,C,E 



500 500 
PP,C C,E 



250 
PP,C,E 



3,500 
PP,C,E 



3,500 
PP,C,E 



2,600 
C,E 



ERIC 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 

NEW ACADEMIC SPACE/EQUIPMENT FOR CURRENT ENROLLMENT TABLE C 

PRIOR 95-96 96-97 97-98 W-99 99-00 00-01 01-02 02-03 03-04 04-05 

FORT LEWIS COLLEGE 

Sojth W*ft Center 300 3,367 2,934 

SouthMMt Studies PP PP,C C,E 
ASF: 36,330 TOTAL: $6,601 CCFE 

HPER Expulsion 173 1,770 226 

Physical Education PP C E 

ASF: 11,300 TOTAL: $2,169 CCFE 

FRONT RANGE CQHMUNITY COLLEGE 

Class/Lab/Library/Of fict Acidit & Ranov 118 8,071 2,894 
Scfanca/G«n Ed/L i bra ry/Of flea PP PP,C E 

ASF: 56,783 TOTAL: $11,083 CCF 

Classrooai/Lab/Offica/Physlcal Plant 489 4,709 

G«i Ed/Off ica/Plant PP C,E 

ASF: TOTAL: $4,898 CCFE 

Classrooa^Lsb/Offlca/Auditorfui 812 7,308 

Ganaral Education PP C,£ 

ASF: TOTAL: $8,120 CCFE 

PIKES PEAK COMNUNITY COLLEGE 

Faculty Expansion CIP G-3, Cantamial 482 4,517 400 

Caaipus Wide ProgrMt PP P«C E 

ASF: 24,500 TOTAL: $5,399 CCFE 

RED ROCKS COMMUNITY COLLEGE 

Clast/Lab/Library/Offica Addit & Ranov 9,513 822 

Ganaral Education PP,C E 
ASF: 35,500 TOTAL: $10,335 CCFE 

TRINIDAD STATE JUNIOR COLLEGE 

Ganaral Acadaaiic EquipaMnt 116 
Ganaral Education E 
ASF: TOTAL: $116 CCFE 

Massarl Addition to Parfonilr^ Arts Ctr 140 1,080 

Parfoming Arts PP C,E 

ASF: TOTAL: $1,220 CCFE 
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PRir 



COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 

NEW ACADEMIC SPACE/EQUIPMENT FOR CURRENT ENROLLMENT TABLE C 

PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 

UNIVERSITY OF COLORADO, BOULOER 

Erx|1nMrlr« Inttgrattd T««chir« Lab 598 2,550 

Engineering C,E 
ASF: H,000 TOTAL: $3,148 CCFE 

iBig KubIc Building Addition 2,096 1,331 

Nusic PP,C,E PP,C,E 

ASF: 10,100 TOTAL: $3,426 CCFE 

Ntw HuMnftitft F«cnity/Vk>odbury Rtnoy 1,653 8,704 3,210 

PP C E 

ASF: 34,900 TOTAL: $13,568 CCFE 

Engineering Center Expeneion 5,692 
Engineering PPfC,E 
ASF: 18,000 TOTAL: $5,692 CFE 

DiMoe Physical Lab Addition for APAS 1*500 
Attrophytics/Planet/Atf»tphere CtE 
ASF: 8,438 TOTAL: $1,500 CFE 

Duane Phytlcal Lab A<idition for APAS 1*500 5,000 

Attrophytict/Plaoet/Ataioaphere ^ C 

ASF: 18,562 TOTAL: $6,500 CCFE 

Buainess Building Addition 7,500 
Business PP#C,E 
ASF: 24,000 TOTAL: $7,500 CFE 

UNIVERSITY OF COLORADO, HEALTH SCIENCES CTR 

Dept. of Health Building Acqui8/ReiK)del 3,326 

PP,C,E 

ASF: TOTAL: $3,326 CFE 

WESTERN STATE COLLEGE 

Field House Intraoral Facility Expan 6,762 
Klnesiology/Recreatioo/Ath C,E 
ASF: TOTAL: $6,762 CFE 

Kines/Rec/Athl Expansion/Upgrade 592 5,391 

Kinesiology/Recreation/Ath PP C,E 

ASF: TOTAL: $5,985 CCFE 

TOTAL COST 12,324 15,019 30,203 29,092 22,043 14,228 16,055 18,209 787 13,100 12,000 
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ERIC BEST COPY AVAILABLE 



COLORADO HIGHER EDUCATJON 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



NEW ACADEMIC SPACE FOR PLANNED GROWTH TABLE D 

97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



PRIOR 95-96 96-97 



COLORADO COMMUNITY COLLEGES SYSTEM 

Lowry Phase I 
General Education 

ASF: 474,658 TOTAL: S4,931 CCFE 

Lowry Phase II 
General Education 

ASF: TOTAL: S8,826 CFE 



1,982 1,207 988 755 
PP,C PP,C PP,C PP,C 



1,322 
PP,C 



755 
PP,C 



905 
PP,C 



989 820 1,091 775 
PP,C PP,C PP,C PP,C 



COLOKADO STATE UNIV VETERINARY MEOICI»£ 

VTH Large AniMl Addition 
Veterinary Medicine 
ASF: 6,000 TOTAL: $1,051 CCFE 

VTH Large Aninel Addition 
Veterinary Medicine 
ASF: 6,000 TOTAL: SI, 138 CFE 



1,051 
PP,C,E 



1,138 
PP,C,E 



PUEBLO COMMUNITY COLLEGE 

Advanced Technology Center 
Menufacturing 

ASF: TOTAL: $6,127 CCFE 

Canon City Center 
General Education 

ASF: TOTAL: $5,854 CFE 



4,000 
PP,C 



2,127 
C,E 



3,961 1,893 
P,C C,E 



UNIVERSITY OF COLORADO, COLORADO SPRINGS 

Er«ineering Expaneion 
Physics, Engineering, Math 
ASF: 18,650 TOTAL: $5,144 CCFE 

Kuaani ties/Theater Building 
Anth,EnB,Phi I , Lang, FA,Theater 
ASF: 19,000 TOTAL: $8,409 CCFE 



472 4,321 351 
PP C E 



776 6,954 
PP C 



UNIVERSITY OF NORTHERN COLORADO 

New Acadenic Building 
General Education 

ASF: TOTAL: $9,118 CCFE 



719 7,37S 1,020 
PP C E 



UNIVERSITY OF SOUTHERN COLORADO 

School of Business Classroom Facility 
Business 

ASF: TOTAL: $532 CFE 



532 
E 
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ERIC 



COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



NEW ACADEMIC SPACE FOR PLANNED GROWTH TABLE D 

.».........««.............>...........„„ ^^^^ ^"^^ ^^"^^ ^^'^ 00"^^ 01-02 02-03 03-04 04-05 

UNIVERSITY OF jqUTKERm'cOLOUw"""""""" """"""""""""""""" 

School of Buftintss ClastrooM FacUUy 339 3 221 

Business pp ' ^ 

ASF: 33,846 TOTAL: $3,560 CCFE 

liMTO, Soc, HUt, Poll Scf. Ed ' I 2 

ASF: 73,000 TOTAL: $10,160 CCFE c E 



TOTAL COST 5,932 1,545 10,829 3,367 8,700 1,775 3,566 5,310 2,120 10,408 8 399 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 

LIBRARY RENOVA TIONS AND ADDITIONS TABLE E 

PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 

MJRARIA HIGHER EDUCATION CENTER 
Library Addition M70 9,752 488 



Library 

ASF: 72,267 TOTAL: $11,410 CCFE 



COLORADO SCHOOL OF MINES 



PP C E 



Library Renovation 38 156 2,394 



Library 

ASF: 56,095 TOTAL: S2,588 CCFE 



COLORADO STATE UNIVERSITY 



PP PP C 



Morgan Library Additi on/Rtnovat ion 2,250 3,190 

Library PP»C C 

ASF: 40,100 TOTAL: $5,440 CFE 

Morgan Library Addition/Ranovation 6,372 5,324 2,734 

Library PP,C C C,E 

ASF: 60,040 TOTAL: $14,430 CCFE 

FORT LEUIS COLLEGE 

Ra«d Library Expansion and Ranovation 345 2,509 369 

Library PP C E 

ASF: 18,470 TOTAL: $3,223 CCFE 

UNIVERSITY OF COLORADO, BOULDER 

Scicnct Library Cowpact Storage 750 2,000 1,000 

Scitnces/Library PP C t 

ASF: 20,000 TOTAL: $3,750 CCFE 

Science Library, Phaae II 

Library ^ 
ASF: 32,000 TOTAL: $10,500 CCFE 

UNIVERSITY OF COLORADO, COLORADO SPRINGS 
Library Addition 811 8.906 953 



Library 

ASF: 53,000 TOTAL: $10,670 CCFE 



UNIVERSITY OF COLORADO, HEALTH SCIENCES CTR 

Oenieon Library 342 4,858 

Medical Library PP C,E 

ASF: TOTAL: $5,200 CCFE 

Oeniaon Library 1,100 
Medical Library C,E 

ASF: TOTAL: $1,100 AUX 



PP C E 
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COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



LIBRARY RENOVATIONS AND ADDITIONS 



TABLE E 



PRIOR 95-96 96-97 97-98 98-99 • 99-00 00-01 01-02 02-03 03-04 04-05 



UNIVERSITY Of COLORADO, HEALTH SCIENCES CTR 

D^niton Library 
IMical Library 

ASF: TOTAL: S9,000 CF 



387 9,000 
PP C,E 



UMIVERSITY OF NORTHERN COLORADO 

Fraitar Library Rtlocation 
Music 

ASF: TOTAL: S2,549 CCFE 

Nichaner Library Ranovation 
Library 

ASF: TOTAL: $7,575 CCFE 



300 2,279 
PP C,E 



494 4,344 2,757 
PP C,E C,E 



TOTAL COST 



8,622 9,543 20,316 3,003 6,694 21,433 1,597 3,144 2,000 1,000 1,600 
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COLORADO HIGHER EDUCATION 
TEN YEAR rMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



HEALTH AND LIFE SAFETY HAZARDS/CODE COMPLIANCE 



TABLE F 



ADAMS STATE COLLEGE 

CMpus F{r« A lam SyttM M«tiiorlc 
CMDUi S«f«ty 

ASF: TOTAL: $156 CCFE 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



31 

pp 



125 

c 



ARAPAHOE COMHUMITY COLLEGE 

Life Safety Ii^ov«atntt-South Buildfng 
General Education 

ASF: TOTAL: $246 CCFE 



246 
PP 



COLORADO STATE UMIV EXPERIMEHT STATION 



Ptttlcide Storage Units 
Agriculture 

ASF: 2,240 TOTAL: $366 



CCFE 



366 
PP,C,E 



COLORADO STATE UNIVERSITY 
EnvironMntal Health and Safety 

ASF: 0 TOTAL: $1,000 CCFE 

EnvironMntal Htalth and Safety 

ASF: 0 TOTAL: $1,000 CFE 

Architectural Accessibility 
Physical Plant 

ASF: 0 TOTAL: S500 CFE 

ERG Health and Life Safety Restodeling 

Engineering 

ASF: 60,000 TOTAL: $1,875 CFE 



200 100 100 100 100 100 100 100 100 

PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E 

75 100 100 100 100 100 100 100 100 

PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E 

50 50 50 50 50 50 50 50 50 

PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E 



125 125 125 
PP,C,E PP,C,E PP,C,E 



1,500 
PP,C,E 



FORT LEWIS COLLEGE 

Art Space Health V Safety Phase II 
Fine Arts 

ASF: 18,940 TOTAL: $4,144 CCFE 

South Uir« Renovation HI.S Phase III 

ASF: 11,042 TOTAL: $1,342 CCFE 

Master Fire Alsrsi Systsei 
Physical Plant 

ASF: TOTAL: $1,043 CCFE 



311 3,833 
PP C,E 



91 
PP 



143 1,199 
PP C,E 



952 
C 
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ERiC BEST COPY AVAILABLE 



COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



HEALTH AND LIFE SAFETY HAZARDS/CODE COMPLIANCE 



TABLE F 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



TRINIDAD STATE JUNIOR COLLEGE 

ADA CMput AccMS 
AccMsabUity 
ASF: TOTAL: $676 



CCFE 



ADA San Luis Canpus Accatt 

ASF: TOTAL: $194 CCFE 

Conatruct Ualts-Maalth t Safaty Naaaura 

ASF: TOTAL: $116 CCFE 

Caafxja Fira/Sacurity Systaai 
ASF: TOTAL: $273 CCFE 



273 
C,E 



676 

C 



194 
C 



116 
C 



UNIVERSITY Of COLORADO. BOULDER 

Engfnaarino Cantar Haatth t Safaty 
Enginaarine 

ASF: TOTAL: $9«392 CCFE 



3,544 1,709 2,041 1,131 967 
PP, C,E PP,C,E PP,C,E PP,C,E 



UNIVERSITY OF COLORADO, HEALTH SCIENCES CTR 
ADA BuUdino Nodif icatlona 

ASF: TOTAL: $1,800 CCFE 



800 1,000 
PP,C,E PP,C,E 



UNIVERSITY OF NORTHERN COLORADO 

Safaty and Sacurity Lightir^ 
Physical Plant 

ASF: TOTAL: $500 CCFE 

Parsons Natl Coda Corractiona 
Gcnaral Education 

ASF: TOTAL: $320 CCFE 



500 
PP C 



32 
PP 



288 
C 



UNIVERSITY OF SOUTHERN COLORADO 

Caffpua Asbastos Survay 
Physical Plant 

ASF: 36,554 TOTAL: $9 CFE 

CaaDus Asbastos Survay 
Physical Plant 

ASF: 493,245 TOTAL: $72 CCFE 



9 
PP 



72 
PP 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousahds of dollars) 



HEALTH AND LIFE SAFETY HAZARDS/CODE COMPLIANCE TABLE F 

^^^^ ^^^^^ ^^^^ ^^^^^ ^^^^^ ^^^^^ ^^^^ 

UESTERN STATE COLLEGE 

CMput Energy MangMwnt i Flr« AlarM Sy SOO 

Physical Plant f*^C|E 
ASF: TOTAL: S500 CFE 

TOTAL COST 3,555 7 728 5,618 2,611 1,967 407 663 250 250 250 1,750 



ERLC 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 

PHYSICAL PLANT SUPPORT FACILITIES „„„„„„„„„„Ly"^ ^- 

«.„..«M.«M«««.«....««-----»««---««-----«---^-^^^ 02-03 03-04 04-05 

COLORADO SCHOOt Of MINES 
Carpentry Shop Rtnovitlon 



Physical Plant 
ASF: 4,200 TOTAL: $403 CCFE 



644 



Haating Plant Ranovation pp p 

Phyaical Plant ^^'^ 
ASF: 8,310 TOTAL: S644 CCFE 

Haw Maintenance Bui Idino 214 1 , 281 

Physical Plant 

ASF: 15,000 TOTAL: $1,496 CCFE 

COLORADO STATE UNIVERSITY 

Kaating Plant Storage Tanks 375 
Facilities ManageiMnt PP*C,E 
ASF: 0 TOTAL: $375 CCFE 

HISTORICAL SOCIETY 

Georgetown Loop HMRP Equipment Shelter 156 

Physical Plant PP»C,E 
ASF: TOTAL: $15<^ CCFE 

MESA COLLEGE 

Service Center Renovation/Expansion 1^ 
Physical Plant 

ASF: 15,040 TOTAL: $993 CCFE 

UNIVERSITY OF COLORADO, COLORADO SPRINGS 

Physical Plant 2.233 471 

Physical Plant PP,C E 

ASF: 26,945 TOTAL: $2,704 CCFE 

UNIVERSITY OF COLORADO, HEALTH SCIENCES CTR 

Loading Dock Service Facility 100 
Physical Plant 

ASF: TOTAL: $100 AUX 

Loading Dock Service Facility 149 2,051 

Physical Plant PP C,E 

ASF: TOTAL: $2,200 CF 



ERLC 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 

PHYSICAL PLANT SUPPORT FACILITIES TABLE G 

^^^^ ^"^^ ^^"^^ ^'^^ 0^-02 02-03 03-04 04-05 

UNIVERSITY OF NORTHERN COLORADO * 

Uarthouftt Addition 4 z^-r 

«hy»ic«l Plant ^'f^ 
ASF: TOTAL: $1,860 CCFE 

UNIVERSITY OF SOUTHERN COLORADO 

Physical plant Operation Addition i ikLX 

PhyticRl Plant ^05 1,843 

ASF: 15,760 TOTAL: $2,049 CCFE ^ 



TOTAL COST 



2.233 995 2,151 156 0 106 1,505 1,926 0 368 3 5«0 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



UTILITY IMPROVEMENTS 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 



TABLE H 

03-04 04-05 



AlUPAHOE CONHUNITY COLUGE 
Comwnicat i on»/Voic«/D«t« 
ASF: TOTAL: i235 



CCFE 



235 
PP,C,E 



COLORADO COMMMITY COLLEGES SYSTEM 

Eltctronic Alt«rn«t« EAication Techool 
General Education 

ASF: TOTAL: $2,073 CCFE 



2,073 
PP,C,E 



COLORADO STATE UNIVERSITY 

Underrated Electrical Fault Crnt 
Physical Plant 

ASF: 0 TOTAL: S4U CCFE 

Utility Hatter Plan 
Physical Plant 

ASF: 0 TOTAL: M,646 CCFE 



288 
PP,C 



156 
C,E 



622 644 888 903 1,376 553 443 
PP.CE PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E 



476 1,864 
PP,C,E PP,C,E 



FORT LEWIS COLLEGE 

CONMuni cat ions Met work 
Physical Plant 
ASF: TOTAL: i746 



CCFE 



Irrigation Systeai Rehabilitation 
Physical Plant 

ASF: TOTAL: $660 CCFE 



85 

PP 



661 

C 



86 
PP 



574 
C 



MESA COLLEGE 

AutoiMtion SysteM 
Physical Plant 
ASF: 



TOTAL: $621 



CCFE 



621 
PP,C 



PIICES PEAK COMMUNITY COLLEGE 

Aspen Building HVAC lif)roves«nts 
General Education 

ASF: TOTAL: $162 CCFE 

E»trgency Lighting t Elevator Power 
General Education 

ASF: total: $25 CCFE 



162 
PP,C 



25 
C 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



UTILITY IMPROVEMENTS 



RED ROCKS CONNUMITY COILEGE 



U«t«rtMin Conrwction 
Physfcal EnvironMrnt 
ASF: TOTAL: 



$186 



TABLE H 



CCFE 



PRIOR 95-96 96-97 97-98 98-99 99-00 00>01 01-02 02-03 03-04 04-05 



186 
PP,C 



TRINIDAD STATE JUNIOR COLLEGE 

0at«/Vi(teo Nttuork 
G«n«ral Education 
ASF: TOTAL: $244 



CCFE 



UtilittM Rthab - Uattr/6as/S«Mr 
Physical Plant 

ASF: TOTAL: $941 CCFE 

Caa|3us Grocnda Sprinkltr SysttMi 
Physical Enhanceiient 

ASF: TOTAL: $272 CCFE 

Utility Raplacoment - Heating/Liflhting 
Physical Plant 

ASF: TOTAL: $2,046 CCFE 



UNIVERSITY OF NORTHERN COLORADO 

Primary Elactrical Suitchgaar Protactio 
Physical Plant 
ASF: TOTAL: $346 



Watar Sarvica Hain ImprovMents 
Physical Plant 
ASF: TOTAL: $337 

Water Conservation Project 
Physical Plant 
ASF: TOTAL: $266 



CCFE 



CCFE 



CCFE 



Building Utility Metering Project 
Physical Plant 

ASF: TOTAL: $253 CCFE 



UNIVERSITY OF SOUTHERN COLORADO 

Utilities Distribution Loop Completion 
Physical Plant 

ASF: TOTAL: $2,139 CCFE 

Enviroriaiental Control Systeai Addition 
Physical Plant 

ASF: TOTAL: $370 CCFE 



244 
E 

107 
PP 



834 

C 



28 
PP 



26 
PP 



214 
PP 



319 
C 



311 
C 



27 239 
PP PP,C 



253 
PP,C 



1,925 
C 



23 
PP 



249 
C,E 

221 
PP 



1,825. 
C,E 



370 
PP,C 



2^ 2,578 1,318 2,520 4,508 903 1,746 1,174 466 946 3 



689 
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BEST COPY AVAILABLE 



COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



SITE IMPROVEMENTS AND PARKING 



TABLE I 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 

ADAHS STATE COLLEGE 



lichardton Avd & Firdt St Renov/DMol 
Sit« iMprovMwnt 

ASF: TOTAL: S695 CCFE 



COLOMDO SCHOOL OF NINES 

Military Scltnce Building DMoUtion 
Physical Plant 

ASF: 9,344 TOTAL: $30 CCFE 



Plant Facilities Danolition 
Physical Plant 
ASF: 4,966 TOTAL: tZ? 

Truck Stop DeMolition 
Physical Plant 
ASF: 10,406 TOTAL: $4^ 



CCFE 



CCFE 



COLORADO STATE UNIV EXPERIMENT STATION 



CCFE 
ts 



San Luis Vallty liprovsMnts 

Agriculture 

ASF: 10,000 TOTAL: $419 



Eastarn Colo Rasaarch Ctr lMprov( 
Agriculture 

ASF: 3,000 TOTAL: $178 CCFE 



COLORADO STATE UNIVERSITY 

Traffic and Parking InprovanKnts 
Physical Plant 

ASF: 0 TOTAL: $2,170 AUX 



Landscape lMprove«ants 
Landscaping 

ASF: TOTAL: $750 



144 
PP 



751 
C,E 



30 
C 



22 

C 



46 

C 



CFE 



419 
PP,C,E 



178 
PP,C,E 



163 223 223 223 223 223 223 223 223 223 

PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E PP,C,E 

75 75 75 75 75 75 75 75 75 75 

C,E C,E C,E C,E C,E C,E C,E C,E C,E C,E 



HISTORICAL SOCIETY 

Civil Center Cultural Coa^jlex Project 
Physical Plant 

ASF: TOTAL: $750 CCFE 



750 
PP,C,E 



OTERO JUNIOR COLLEGE 
Campus Parking and Traffic iMproveiiienrs 
ASF: TOTAL: $192 CCFE 



192 
C,E 



ERIC 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



SITE IMPROVEMENTS AND PARKING 



TABLE I 



OTERO JUNIOR COLLEGE 
CaniXM Sit* Lighting 

ASF: TOTAL: $28 CCFE 

AthUtIc Field (SMtbaU) 

ASF: TOTAL: $250 CCFE 

Tennis CoMrt Sit* Lighting 

ASF: TOTAL: $21 CCFE 



PRIOR 95-96 96-97 97-98 98-99 99-OC 00-01 01-02 02-03 03-04 04-05 



28 



250 
C,E 



21 
C,E 



TRINIDAD STATE JUNIOR COLLEGE 
Erosion Wall Stsbi lizstion/C«ifXJS Accts 
ASF: TOTAL: $528 CCFE 



53 
PP 



475 
C 



UNIVERSITY OF COLORADO, COLORADO SPRINGS 

Firs Lsns/Stona Drsinsge Phsss II 
Physical Plant 

ASF: TOTAL: $653 CCFE 

Parking Structurs i Surfacs 
ASF: TOTAL: $1,833 CFE 



259 
PP,C 



395 
PP,C 



1,833 
PP,C 



UNIVERSITY OF COLORADO, HEALTH SCIENCES CTR 
East Psvilion Psrking structurt 
ASF: TOTAL: $9,000 AUX 



9,000 
PP,C,E 



UNIVERSITY OF NORTHERN COLORADO 

Psrking Inprovanants 
Psrking 

ASF: TOTAL: $500 



AUX 



40 
PP,C 



460 
PP,C 



WESTERN STATE COLLEGE 

Front Entry Dssign ImproviMits 
Physicsl Plant 

ASF: TOTAL: $1,731 CFE 

Site Drainaga/Uatar Feature laproveaient 
Physicsl Plant 

ASF: TOTAL: $800 CFE 



407 
PP 



1,324 



800 
PP,C,E 
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BEST COPY AVAILABLE 



COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 

SfTE IMPROVEMENTS AND PARKING TABLE i 

Ptl« 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 

CSTERN STATE COLLEGE 

CQnpr«htm1v« l«ndftc«p« \w^wmm\t% 288 812 

Physical Plant C,E 
ASF: TOTAL: SI, 100 CFE 

V^iculir Circulation & Parking Iin>roya 288 1,612 

Phyaical Plant ^'^ 
. ASf: 4,800 TOTAL: SI ,900 CFE 



TOTAL COST 259 9,894 1,165 2,425 2,255 2,479 616 1,978 298 296 2,131 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



RESEARCH AND CLINICS 



TABLE J 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



COLORADO STATE UNIVERSITY 

P«rticlt D«t«ctor Lab/Phytics 
Phy«ict 

ASF: 8,350 TOTAL: $726 

Tiu-tlcit Odttctor Lab/PhysUs 
Phy«ics 

ASF: 8,350 TOTAL: $726 

pL>int*r Ctnur Addition 
Lab AnlMl Care 
ASF: 6,000 TOTAL: $1,667 

Paintar Ctntar Addition 
Lab AniMal Cara 

ASF: 6.000 TOTAL: $1,667 



CFE 



FF 



CFE 



FF 



Hat Rtt Ctr for Envfronaantal Rasaarch 
Enviroaantal Scianca 
ASF: 10,000 TOTAL: $1,000 CFE 



UNIVERSITY OF COLORADO, BOULDER 

LASP Suildinfi Addit for APAS 
A«t rophyt i ct/P I ana t/ Atiaoaphara 
ASF: 4,030 TOTAL: $3,106 CFE 

i Crittol ChaMittry Ranovation 
Biocha«1ttry 

ASF: TOTAL: $1,397 CFE 



726 
PP,C,E 

726 
PP,C,E 



3,106 
PP,C.E 



1,397 
PP,C,E 



1,667 
PP,C,E 



1,667 
PP.C,E 



1,000 
PP,C,E 



UNIVERSITY OF COLORADO, HEALTH SCIENCES CTR 

Fitztfiaona Pranatal Raaaarch Expanaion 
Nadicina 

ASF: TOTAL: $1,500 CFE 

FitztiMona Pranatal Rasaarch Expanaion 
Hadicina 

ASF: TOTAL: $1,500 FF 

RaaaarcH Building 
»<edicina 

ASF: TOTAL: $45, lU CFE 

Cantar for Huaan Nutrition 
Nadicina 

ASF: TOTAL: $3,944 CFE 

Uafcb Uaring Educational Cantar 
Nadicina 

ASF: TOTAL: $6,709 CFE 



1,500 
PP,C,E 



1,500 
PP,C,E 



3,944 
PP.C,E 



6,709 
PP,C,E 



1,790 
PP 



43,354 
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COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



RESEARCH AND CLINICS TABLE J 



rssarsaasssrrssrsssrBBBaBseaBBBsssssaBBBscBBBBBSsacsssssssBsrBBSsraaBBBBSBss* 

PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-* 

"**""""**''*""*«»»=*«"«««««««««««««««»«=«=*=««««««s««««««««a=BsssrrBrBBSs*BBaBaBrasBMXBBBrsBasBBBBaBBBBC 

UNIVERSITY OF COLORADO, KEAITK SCIEMCES CTR • 



SZZBXBXaSBBBSXXxaxZ 



Barbara Davis Ctr Expan Phases II 3,932 
Medicine PP,C,E 
ASF: TOTAL: $3,932 CFE 

Barbara Davis Ctr E(pan Phases II 300 

Medicine PP,C,E 
ASF: TOTAL: $300 FF 

S0« Research/Acar^ic Space Remodel 1,870 

PP,C,E 

ASF: TOTAL: $1,870 CFE 

Rocky Mountain Lions Eye Institute 6,396 
Medi :ine PP C,E 

ASF: TOTAL: $6,396 CFE 

Given Institute Remodel 1,599 5 000 

Medicine PP C,E C,E 

ASF: TOTAL: $6,599 CFE 

Aaixjlatory Care Facility 40,000 

PP,C,E 

ASF: TOTAL: $40,000 CFE 

=BB=BB..,B«BBBB.B.BBB.BBB.BBBBB.B.B.BBBBB.BB«B=..X=XX-=B.==-.=.BB««X«»=Ba.B..BB=B....=S.B.B==X«.>.>...=...„„x.BB=.XXBB.l.BBB-! 



XXX=SXXXBXZXXSXE=XX=XXXXXXX==:=XXXXXXXXXXX=: 



:sx=xxxxsx==xxxxxxxxs 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



STUDENT HOUSING/SERVICES/A THLETICS 



ADAMS STATE COLLEGE 

CMpu« Fir« Alum Sytt«fi Network 
i Physical Plant 

ASF: TOTAL: $156 MJX 

1 Stad SMt/PrMsbox/Fac Raplaca or Rtnov 

Stucknt L1f« 
j ASF: TOTAL: S313 AUX 

I Day Cara Canter Ranovat ion/Rep I aceiaent 
Studant Lifa 

ASF: TOTAL: S347 AUX 



TABLE K 

PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-OA OA-05 



31 
PP 



125 
C 



57 
PP 



42 
PP 



256 
C.E 



305 
C.E 



ARAPAHOE COMNUNITY COLLEGE 

Fitnaas and Activity Facility 
Studant Lifa 

ASF: TOTAL: $223 AUX 



223 
PP,C,E 



COLORADO STATE UNIVERSITY 

Lory Studant Cantar MU Addition 
Studant Lifa 

ASF: 20,000 TOTAL: $2,200 AUX 

Undarratad Elactrical Fault Crnt-Auxll 
Physical Plant 

ASF: 0 TOTAL: $106 CFE 

HMlth Sarvicaa Expanaion 
Studant Lifa 

ASF: 5,000 TOTAL: $250 AUX 

Child Cara Facility 
Studant Lifa 

ASF: 7,500 TOTAL: $500 CFE 

Houain0 Uarahouaa 

ASF: 60,000 TOTAL: $2,400 AUX 

Public Safaty Centar/Graan Hall 
PoUca Dapt/Parkino Momt 
ASF: 14,000 TOTAL: $1,375 CFE 

Lory Studant Cantar Parking Caraga 
Studant Lifa 

ASf: 0 TOTAL: $4,670 AUX 

Huohat Stadiun Upgrada/Expanaion 
Athlatica 

ASF: 50,000 TOTAL: $4,760 CFE 



2,200 
PP, C,E 



86 

PP,C 



20 
C,E 



250 
P,C,E 



500 
PP,C,E 



1,375 
PP,C,E 



2,400 
PP,C,E 



4,670 
PP,C,E 



2,000 2,760 
PP,C C,E 



4G 

FRir 
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COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 

STUDENT HOUSING/SERVICES/A THLETICS TABLE K 

PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-015 

COLORADO STATE UNIVERSITY 



ASF: 85,000 TOTAL: $5,000 AUX 



FORT LEWIS COLLEGE 

Uest Residence Hall Coinplex-Reroof 550 

Auxiliary PP C 
ASF: TOTAL: $550 AUX 

Uest Residence Hall Complex- Parking Rep 170 

Auxiliary PP^C 
ASF: TOTAL: $170 AUX 

Hi Her Student Ctr Parking Expan/Rehab 155 

Auxiliary PP,C 
ASF: TOTAL: $155 AUX 



FRONT RANGE COMMUNITY COLLEGE 

Student Activities Center 5,452 
Student Life PP r 

ASF: TOTAL: $5,452 AUX 



PIKES PEAK COMMUNITY COLLEGE 

Bookstore Storage Addition 75 
Student Services PP,C 
ASF: 1,200 TOTAL: $75 AUX 



Jack Cristiansen Track - Phase 11 718 
Athletics PP,C,E 
ASF: 2,700 TOTAL: $718 CFE 

Tennis Courts 325 
Athletics PP C E 

ASF: 0 TOTAL: $325 AUX ' ' 

Lory Student Ctr Bookstore Phase IV 200 
Student Life PP.C.E 
'.3F: 3,000 TOTAL: $200 AUX 

Student Recreation Center Addition 4 40O 

Student Life Pp'q g 

ASF: 40,000 TOTAL: $4,400 AUX ' ' 

Moby Chair back Seating 73 0 

Athletics PP C E 

ASF: 0 TOTAL: $750 AUX ' ' 

Indoor Practice Building c aaa 

Athletics ' 



PP,C,E 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



STUDENT HOUSING/SERVICES/A THLETICS 



TABLE K 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



TftlMlDAO STATE JUNIOR COLLEGE 
Studtnt C«ntar Expmlon 

ASF: TOTAL: $1,278 AUX 



128 
PR 



1,150 
C 



UNIVERSITY Of COLORADO, BOULDER 

noiMing Units at UilliaM ViUftO* 

Studtnt Housing 

ASF: 102,300 TOTAL: i13,154 AUX 

FolsoM Stadiui Expsntion 
Athlatics 

ASF: 2,017 TOTAL: S440 AUX 

Koanig AliMnI Csntar Expansion 
Studsnt Life 

ASF: 25,388 TOTAL: $5,753 CFE 

Coors Evsnts Ctr Ms^ting/Oining Additio 
AdilnUtration 

ASF: 20,000 TOTAL: $6,500 AUX 

Pre«sbox/B«lch FUldhoute Renovation 
Athlatics 

ASF: 14,800 TOTAL: $3,350 AUX 

FoLson Stadlm E Stating Boxat, Phast I 
Athlatfcs 

ASF: 30,000 TO^U: $7,500 CFE 

Mountain Ratcarch Station Lodga 
Adiinittration 

ASF: 15,000 TOTAL: $3,500 AUX 

Northaast Foltoai Stadiua Addition 
Athlatica 

ASF: 93,200 TOTAL: $9,864 AUX 

Grandviaw Parking Structurt 
Physical Plant 

ASF: TOTAL: $11,000 AUX 



13,154 
PP.C.E 



440 

PPrC,E 



5,753 
PP,C,E 



6,500 
PP,C,E 



3,350 
PP,C,E 



7,500 
PP,C,E 



3,500 
PP,C,E 



9,864 
PP,C,E 



11,000 
PP,C,E 



UNIVERSITY OF COLORADO, COLORADO SPRINGS 

N«w Domitory Construction I 
Rsfe i dsnca 

ASF: 96,893 TOTAL: $13,894 AUX 

Parking Lots 
Site Iii|>rovaRitnts 
ASF: TOTAL: $4,492 AUX 



13,894 
PP,C,E 



708 
PP,C 



23 
PP,C 



808 
PP,C 



578 
PP,C 



320 
PP,C 



2.055 
PP,C 
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COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVLMI^NTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



STUDENT HOUSING/SERVICES/A THLETICS 



TABLE K 



PRIOR 95-96 96-97 97-98 98-99 99^-00 00-01 01-02 02-03 03-04 OA-05 



UNIVERSITY OF COLORADO, COLORADO SPRINGS 

Ntw Dormitory Construction II 
Residence 

ASF: 72,515 TOTAL: $9,451 AUX 

Child Care Center 
Services 

ASF: 0 TOTAL: $869 CFE 



869 
PP,C,E 



9,451 
PP,C,E 



UNIVERSITY OF COLORADO, COLORADO SPRINGS 



Child Care Center 
Services 

ASF: 11,000 TOTAL: $639 



AUX 



Ntw OoPMitory Construction III 
Residence 

ASF: 54,510 TOTAL: $7,425 AUX 

Center for Sports and Leisure 
Athletics, Fitness, Sports Hed 
ASF: 49,000 TOTAL: $7,734 CFE 



639 
PP,C,E 



7,425 
PP,C,E 



524 6,762 
PP C 



448 

E 



UNIVERSITY OF COLORADO, HEALTH SCIENCES CTR 



Campus Union 
Student Life 
ASF: 



TOTAL: $2,900 AUX 



Campus Union 
Student Life 

ASF: TOTAL: $2,800 CF 



Education Center 
Student Life 

ASF: TOTAL: $800 



AUX 



Recreation Center 
Student Life 

ASF: TOTAL: $1,800 AUX 

Recreation Center 
Student Life 

ASF: TOTAL: $3,300 CF 



2,900 
C,E 



385 2,415 
PP C,E 



800 
C,E 



1,80C 
C,E 



348 2,952 
PP C,E 



UNIVERSITY OF NORTHERN COLORADO 

Residence HsLL Renovation 
Student Life 

ASF: TOTAL: $4,158 AUX 

East Campus Housing Renovation 
Student Life 

ASF: TOTAL: $4,110 AUX 



182 1,602 
PP C 



360 
PP 



190 1 ,665 
PP C 



750 
C 



520 
E 



750 
C 



750 
C 



750 
C 



750 
C 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



STUDENT HOUSING/SERVICES/A THLETICS TABLE K 

,,.,2 02-03 03:04 „04.05 



»«,..««««.r««ra«.«««=«-«««-"--"-«««««""-"""*""""""^^ 

UNIVERSITY Of NORTHERN COLORADO 

426 1,791 2,047 

Central Cmvxm Rttictonct Hall iMprova PP C C,E 

Student Life 

ASFs TOTAL: $4,264 AUX 

281 1,248 1,279 

Faculty Apartaenta Ranovatfon PP C C,E 

Studwit LI fa 

ASF: TOTAL: $2.80S AUX 



UNIVERSITY OF NORTHERN COLORADO 

Uaat C«Mpua Houalng 
StudMit Li fa 

ASF: TOTAL: $10,400 AUX 



360 
PP 



UNIVERSITY Of SOUTHERN COLORADO 

Studant Houtino AfMrtMnta 
Studant Li fa 

ASF: 30,000 TOTAL: $3,900 AUX 

Kitckan Equipwant Raplacaiiant 
Phyafcal Plant 

ASF: TOTAL: $285 CFE 



390 3,510 
PP C 



283 
PP,C 



WESTERN STATE COLLEGE 
Eacalanta Tarraca Rtnovatfon 

ASF: TOTAL: $3,200 



AUX 



Uaat Apartment CcMplex Renovation 
Student Life 

ASF: TOTAL: $3,500 AUX 



269 2,931 
PP C,E 



294 3,206 
PP C,E 



TOTAL COST 



86 17,813 43,481 6,700 13,786 23,130 7,003 9,051 3,556 26,696 28,820 



BEST COPY AVAILABLE 
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COLORADO HIGHER EDUCATION 

TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



NON-ESSENTIAL, STATE-FUNDED PHYSICAL ENHANCEMENTS 



TABLE L 



PRIW 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



I /U>AI4S STATE COLLEGE 

! Sign/Lighting/Landscape Hastar Plan 
Larid iMprovaatnts 

ASF: TOTAL; $250 CCFE 



250 
PP,C 



ARAPAHOE COMNUMITY COtLEGE 

Claatroom Air Conditioning 
Ganaral Education 
ASF: TOTAL: $220 



CCFE 



220 
PP,C,E 



Main Building Classroons Ceiling/Light 
General Education 

ASF: TOTAL: $403 CCFE 



403 
PP,C,E 



FORT LEWIS COLLEGE 

Campus Storage 
Physical Plant 

ASF: 5,000 TOTAL: $341 CCFE 

Paveiicnta 
Physical Plant 

ASF: TOTAL;; $551 CCFE 



58 
PP 



283 
C 



77 
PP 



474 
C 



MESA COLLEGE 

Eln AvenuQ Modification ft Landscape 
Physical Plant 

ASF: TOTAL: $316 CCFE 

Exterior Lighting 
Physical Plant 

ASF: TOTAL: $106 CCFE 

Caaipus Relaaiping 
Physical Plant 

ASF: TOTAL: $165 CCFE 



OTERO JUNIOR COLLEGE 
Campus General Storage Building 
ASF: TOTAL: $92 CCFE 



316 
PP,C 



106 
PP,C 



165 
PP 



92 
C,E 



PIKES PEAK COMHUNITY COLLEGE 

Overhead Shop Door Power Operators 
Physical Plant 

ASF: TOTAL: $32 CCFE 



32 
C 



ERLC 
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COLORADO HIGHER EDUCATION 
TEN YEAR HV/IPROVEMENTS PROGRAM 

Projects by Type 
(in thousant " M dollars) 

NON-ESSENTIAL, STATE-FUNDED PHYSICAL ENHANCEMENTS TABLE L 

"'wi0«""95-^" 96-97 97-96 98-99 99-00 00-01 01-02 02-03 03-04 04-Of 



PUE»LO CGNMUNITY COLLEGE 

imiM^ MMt«rpltn ^ 
Phy«ictl Environntnt 
ASF: TOTAL: $29 CCFE 

UNIVERSITY OF MOftTHEM COLOAAOO 

Mildinv and Traffic S1fnA9« 2i ^ 

Phyticil Plant ^ ^ 

ASF: TOTAL: $109 CCFE 

WESTERN STATE COLLEGE 

%\wm^ •«! Uayfindtr Sy»ti«i 191 
Physical Plant W*#C,E 
ASF: TOTAL: S191 CCFE 

■otany Rasaarch Sita lafJrovaiaants 300 
■foloey ^^'^'^ 
ASF: TOTAL: 1300 CCFE 



COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
{in thousands of dollars) 



PROJECTS NOT CONSISTENT WITH MASTER PLAN 



TABLE M 



PtlOt 95- W 96-97 97-98 96-99 99-00 00-01 01-02 02-03 05-0* 04-05 

mMmmmmmmmmmmmmmm 



AMPAHOE 009MJNITY COLLEGE 
CIP-G1 Library & Off lea Exptmion 

ASF: TOTAL: $11,322 CCFE 

Facility Sanovation 

A$F:| TOTAL: $1«191 CCFE 

Miysicai Plant 

ASF: TOTAt: i956 CCFE 

Douslaa County Sita 
Ganaral Education 

ASF: TOTAL: S13,705 CCFE 



mMmmmmmmmmiKmmmmmmmmMMmmmmmmmmumm 



854 10,468 
PP C.E 



1.370 12,335 
PP.C C.E 



112 1,079 
PP C,E 



77 
PP 



878 
C,E 



COLORADO STATE UNIVERSITY 

Colorado Uatar Cantar 
Colo Uatar Raaourcaa RaaaarcH 

ASF: 10,000 TOTAL: $1,000 CFE 



FMMT RANGE COMMIITY COLLEGE 

Lariaar County Nodular Laba/Claaa Ranov 
Ganaral Education 

ASF: TOTAL: $2,999 CCFE 



2,999 



1,000 
PP,C,E 



LANAR COMMUNITY COLLEGE 

Pfcyaical Educatlon/Racraatlon 
Ptiysical Education/Racraation 
ASF: 12,000 TOTAL: $1,425 CCFE 

Pliyaical Education/Racraatlon 
Phyaical Education/Racraatlon 
ASF: 12,000 TOTAL: $1,977 CF 

I LIbrary/Phyalcal Plant 

I LIbrary/PfiysUal Plant 

i ASF: 12,588 TOTAL: $1,701 CCFE 



1,425 
C 



269 1,425 283 
PP C E 



162 1,339 200 
PP C E 



MORGAN COMMUNITY COLLEGE 

FaciUtlaa Expanaion - Phata 1 
AcadMic Prograna/Llbrary 

ASF: 19,499 TOTAL: $3,726 CCFE 

FaclUtiaa Expanaion - Phasa II 
Labor atory/Adiil n Ut rat i on 
ASF: 3,375 TOTAL: $533 CCFE 



292 3,134 300 
PP C E 



44 
PP 



409 

C 



80 
E 



53 
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COLORADO HIGHER EDUCATION 
TEN YEAR IMPROVEMENTS PROGRAM 

Projects by Type 
(in thousands of dollars) 



PROJECTS NOT CONSISTENT VJlThl KtASTER PLAN 



TABLE M 



««« MX mmmmmMM 



PRIOR 95-96 96-97 97-98 98-99 99-00 00-01 01-02 02-03 03-04 04-05 



PIICES; PCMC CONMUMITY COLLEGE 



FftciUty Expwition CIP-Gl-North SUt 
BueinMs, Haftlth, Liberal Arts 

ASF: 82,000 TOTAL; $18,651 CCFE 



1,800 
PP,C 



5,350 9,175 
C C,E 



TRINICM0 STATE JUNIOR COLLEGE 
Rahab Ca«pua BuUdinQt 

ASF: TOTAL: $4,857 CCFE 
Hi oh T«ch C^wttr 

ASF: TOTAL: $595 CCFE 
Ir^tructfonal Support FacUlty-San Luis 

ASFs TOTAL: $2,142 rr^E 

UNIVERSITY OF NORTHERN COLORADO 

N«M Laboratory School 
Education 

ASF: TOTAL: $15,605 CCFE 

Bithcp-Lahr Ranovation 
Education 

ASF: TOTAL: $5,439 CCFE 

NcKm Hall Ranovation 
Gcnaral Education 

ASF: TOTAL: $9,19^ CCFE 

Sutttr-Hancock Hall Ranovation 
Physical Education 
ASF: TOTAL: U,612 CCFE 

Boiltr Plant Replacanant 
Physical Plant 

ASF: TOTAL: $5,025 CCFE 

Candtlaria Hall Ranovation 
Genaral Education 

ASF: TOTAL: $5,775 CCFE 



401 2,674 1,782 
PP C C,E 



45 
PP 



550 
C,E 



212 1,930 
PP C,E 



858 13,248 1,500 
PP C E 



428 4,361 650 
PP C E 



744 8,079 375 
PP C E 



387 3,659 566 
PP C E 



452 1,558 3,0t5 
99 C E 



20O 
PP 



UNIVERSITY OF SOUTHERN COLORADO 

Studant Strvice# Building 
Studant Strvicas 

ASF: 3,000 TOTAL: $4,900 CCFE 

Education Ctatsroon Facility 
Education 

ASF: 28,000 TOTAL: $5,140 CCFE 



390 3,510 1,000 
PP C E 



364 3,276 1,500 
P? C E 
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